Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 


Message Text 

UNCLASSIFIED 

PAGE 01 NEW DE 00306 252313Z 
ACTION NEA- 11 

INFO OCT-01 ISO-OO PM-05 CIAE-00 INR-10 NSAE-00 EB-08 
AID-05 DRC-01 OC-06 CCO-OO /047 W 

119124 260021Z/20 

R 061138Z JAN 78 

FM AMEMBASSY NEW DELHI 

TO SECDEF WASHDC 

SECSTATE WASHDC 8534 

CINCPAC HONOLULU HI 

INFO CDR USASAC NEW CUMB PA 

USDAO AMEMBASSY KATHMANDU NEPAL 

UNCLAS NEW DELHI 0306 

CORRECTEDCOPY (DOWNGRADED UNCLAS) 

FOR: SECDEF FOR ASD-ISA(SA)/DSAA; CINCPAC FOR J47; USASAC FOR 

DSAC-NR/M1-326 

FROM ODC 

E.O. 11652: N/A 

TAGS: MASS, IN 

SUBJECT: RCN 660B86, EAST WEST HIGHWAY PROJECT, NEPAL (PCN: 

IN-B-1-78 (M)) 

REF: (A) CDR USASAC MSG 201825Z DEC 77 
(B) CINCPAC MSG 3104007 DEC 77 
(C) DOD MASM PART H 

1 . (S) REF (A) AND (B) CONFIRM THAT THE REMAINING UNCOMMITTED 
BALANCE FOR SUBJECT PROGRAM IS NOT SUFFICIENT TO PROVIDE SPARE 
PARTS SUPPORT FOR USG MAP CONSTRUCTION EQUIPMENT BEING USED IN 
NEPAL REQUIRED FOR COMPLETION OF THE PROJECT. IT ALSO REQUESTS 
ODC TO SUBMIT A PROGRAM CHANGE TO INCREASE FUNDS FOR CONTINUED 
SUPPORT OF THE PROJECT. 

2. (S) IN A LETTER DATED 12 DEC 77, THE CHIEF ENGINEER, ICM 

HIGHWAY PROJECTS, GOI, INFORMED ODC THAT THE ESTIMATED COMPLETION 
OF THE PROJECT IS NOW DEC 1980 BUT IT IS LIKELY TO CONTINUE 
UNTIL JUNE 1981 AND REQUESTED THAT CONTINUED SPARE PARTS 
UNCLASSIFIED 

UNCLASSIFIED 

PAGE 02 NEW DE 00306 252313Z 

SUPPORT BE PROVIDED UNTIL THE COMPLETION OF THE PROJECT. 

BASED ON PAST RECENT 18 MONTH CONSUMPTION EXPERIENCE CURRENT FUNDS. 
WILL BE EXHAUSTED BY AUG 78 (REFA) REQUIRING AN ADDITIONAL DOLS 
670,000 FOR COMPLETION OF THE PROJECT. IN VIEW OF THE ABOVE AND 
IAW REF (C), THE FOLLOWING PROGRAM CHANGE IS SUBMITTED TO INCREASE 
THE PROGRAM AMOUNT FOR SUBJECT PROJECT. 

CARD DATA CARD DATA 
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COL 1 COL 1 


1 P 31-32(CC) IN 

2-5(RCN) QB86 45-46(PY) 66 

8-20(FSN) 9K8AOOAUTOMTV 
23-24(RC) D4 47-50(MAP 7FBB 

ELEM) 

25-29(QTY ) XX 69(CO) B 

30(PO) B 73-80(TOTAL DOLS 670,000 (PLU 

S) 

COST) 

DESC AUTOMTV 
SUPPORT AND 
SPARE PARTS 

JUSTIFICATION: DUE TO THE VINTAGE AND AGE OF THE EQUIPMENT 
NO OTHER ALTERNATIVES FOR PARTS PROCUREMENT EXIST. TERMINATION 
OF THIS PROJECT UPON EXHAUSTION OF CURRENTLY APPROVED FUNDS 
WOULD NOT BE IN THE BEST INTERESTS OF THE US GOVERNMENT NOR 
GOI IN VIEW OF EARLIER COMMITMENTS TO GON 
GOHEF.N 

(MESSAGE DOWNGRADED PER NEW DELHI 8110 MAY 24, 1978) 


UNCLASSIFIED 


NNN 
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Message Attributes 


Automatic Decaptioning: X 
Capture Date: 01 jan 1994 
Channel Indicators: n/a 
Current Classification: UNCLASSIFIED 

Concepts: CONSTRUCTION, SPARE PARTS, EQUIPMENT, HIGHWAYS, MILITARY ASSISTANCE PROGRAMS 

Control Number: n/a 
Copy: SINGLE 
Draft Date: 06 jan 1978 
Decaption Date: 01 jan 1960 
Decaption Note: 

Disposition Action: n/a 
Disposition Approved on Date: 

Disposition Case Number: n/a 
Disposition Comment: 

Disposition Date: 01 jan 1960 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1978NEWDE00306 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Expiration: 

Film Number: D780223-0350, D78001 1-0585 

Format: TEL 
From: NEW DELHI 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1978/newtext/t1 97801 92/aaaaczks. tel 

Line Count: 83 
Litigation Code IDs: 

Litigation Codes: 

Litigation History: 

Locator: TEXT ON-LINE, ON MICROFILM 

Message ID: 659401 e6-c288-dd11-92da-001cc4696bcc 

Office: ACTION NEA 

Original Classification: UNCLASSIFIED 

Original Handling Restrictions: n/a 

Original Previous Classification: n/a 

Original Previous Handling Restrictions: n/a 

Page Count: 2 

Previous Channel Indicators: n/a 
Previous Classification: n/a 
Previous Handling Restrictions: n/a 
Reference: n/a 
Retention: 0 

Review Action: RELEASED, APPROVED 
Review Content Flags: 

Review Date: 04 feb 2005 
Review Event: 

Review Exemptions: n/a 
Review Media Identifier: 

Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
SAS ID: 3818074 
Secure: OPEN 
Status: NATIVE 

Subject: RCN 660B86, EAST WEST HIGHWAY PROJECT, NEPAL (PCN: IN-B-1-78 (M)) 

TAGS: MASS, ECRE, IN 

To: DOD STATE MULTIPLE 

Type: TE 

vdkvgwkey: odbc://SAS/SAS.dbo.SAS_Docs/659401e6-c288-dd1 1-92da-001cc4696bcc 
Review Markings: 

Sheryl P. Walter 
Declassified/Released 
US Department of State 
EO Systematic Review 
20 Mar 2014 

Markings: Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 


Sheryl P. Walter Declassified/Released US Department of State EO Systematic Review 20 Mar 2014 



